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Message Text 


UNCLASSIFIED 

PAGE 01 MONROV 04213 221634Z 

44 

ACTION AF-06 

INFO OCT-01 ISO-OO PM-03 INR-07 DODE-OO /017W 

023723 

R 221542Z JUL 75 
FM AMEMBASSY MONROVIA 
TO NAVELEXSYSENGCEN, GREAT LAKES IL 
INFO SECSTATE WASHDC 6463 
CONGARD ONSOD WASHDC 
CHESNAVEACENGCOM WASHDC 

UNCLAS MONROVIA 04213 

DAYENIAN SENDS. 

SECSTATE FOR CODE 5501 

CONGARD ONSOD FOR PME-119 AND G-ONSOD/43 
CHESDIV FOR FPO-2 

EO 11652: N/A 
TAGS: MARR, ELEC. LI 

SUBJ: OMEGA LIBERIA ON-SITE STATUS REPORT 

1. EMPLOYMENT AGREEMENT (CONTRACT) HAS BEEN REVIEWED AND APPROVED 
BY AMEMBASSY. TWO DRIVERS, ONE MECHANIC CURRENTLY EMPLOYED. ROICC 
SECRETARY WILL BE EMPLOYED IN NEAR FUTURE. APPLICATIONS 

FOR ELECTRICIANS AND LABORERS BEING RECEIVED. QUALIFIED APPLIC- 
ANTS WILL BE EMPLOYED IN NEAR FUTURE ON AN AS-REQUIRED BASIS. 

2. ARRANGEMENTS HAVE BEEN MADE WITH THE FOLLOWING ELECTRICAL 
SUPPLIERS RECOMMENDED BY FACILITIES CONTRACTOR. 

A. EAGEL ELECTRICAL SUPPLY CO. 

B. MARCONI ELECTRIC 

C. FARRAT BROTHERS 

D. YOUNIS BROTHERS 

ITEMIZED MONTHLY STATEMENT FOR MATERIAL RECEIVED WILL BE 
FORWARDED THROUGH AMEMBASSY BY SUPPLIER AND PAYED BY EMBASSY 
PURCHASE ORDER. 
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3. ARRANGEMENTS HAVE BEEN MADE TO RECEIVE MEDICAL SERVICES 
FROM ELWA MISSION HOSPITAL. MEDICAL SERVICES FOR SERIOUS, 

ON-JOB INJURIES, WILL BE APDI FOR BY NAVELEX AMEMBASSY ACCOUNT. 

MINOR MEDICAL PROBLEMS WILL BE HANDLED THROUGH AMEMBASSY MEDICAL 
FACILITIES. 

4. SMALL CRATES CAN BE SHIPPED IN AND OUT OF LIBERIA THROUGH 
AMEMBASSY APO. AMEMBASSY AGREED TO PREPARE GBL'S FOR LARGE 
SHIPMENTS. ALL EXPENSES FOR SHIPPING TO BE COVERED BY NAVELEX. 

5. RECOMMENDED A SELECT FEW OF GLARES PERSONNAL OBTAIN 
LIBERIAN DRIVER LICENSE. GLARES PERSONNEL WILL DRIVE ONLY IN 
CASE OF EMERGENCIES AND THE LIBERIAN DRIVER IS NOT AVAILABLE. 

6. MR. R. PETERS IS SCHEDULED TO DEPART 
MONROVIA 0030 26 JULY 75. 

7. OMEGA LIBERIA INSTALLATION STATUS PROGRESS REPORT NO.l 
MAILED 21 JULY 1975. 

MANFULL 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 22 JUL 1975 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1975MONROV04213 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D750253-0101 
From: MONROVIA 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1975/newtext/t19750734/aaaabefr.tel 

Line Count: 81 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION AF 

Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: greeneet 
Review Comment: n/a 
Review Content Flags: 

Review Date: 30 MAY 2003 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <30 MAY 2003 by ThomasVJ>; APPROVED <17 MAR 2004 by greeneet> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
06 JUL 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: OMEGA LIBERIA ON-SITE STATUS REPORT 
TAGS: MARR, ELEC, APER, LI 
To: n/a 
Type: TE 
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